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BILL NO. S- 70-01 - ^ ^ 


SPECIAL ORDINANCE NO. S- 7 O 

AN ORDINANCE approving contracts with JOHN 
DEHNER, INC. for Sewer Res. No. 230, East 
Rudisill Boulevard Relief Sewer, and Sewer 
Res. No. 232, Arlington-Clermont-Maxine 
Relief Sewer. 


BE IT ORDAINED BY THE COMMON COUNCIL OF THE CITY OF FORT WAYNE, 
INDIANA; 

SECTION 1. The contract approved January 14, 1970, 
between the City of Fort Wayne, by and through its Mayor and the 
Board of Public Works, and JOHN DEHNER, INC., for Sewer Res. No. 
230, East Rudisill Boulevard Relief Sewer, as follows; 

RUDISILL BOULEVARD MAIN SEWER ; Commencing at an 
existing sewer located at the intersection of 
Rudisill Boulevard and Smith Street; thence East- 
erly in and along Rudisill Boulevard to a proposed 
manhole at the intersection of Abbott Street. 

Thence, Northerly in and along Abbot Street a dis- 
tance of 28Q± feet terminating at a proposed man- 
hole . 
i 

I 

SMITH STREET LATERAL ; Commencing at the existing 
60" sewer located at Smith Street and the first 
alley South of Rudisill Boulevard; thence. Southerly 
in and along Smith Street terminating at a proposed 
manhole located at the intersection of Milton Street. 

OLIVER STREET LATERAL ; Commencing at the existing 
60" sewer located at the intersection of Oliver 
Street and Baxter Street; thence. Southerly in and 
along Oliver Street terminating at a proposed man- 
hole located at the intersection of Milton Street. 

! ■' . 

WINTER STREET LATERAL ; Commencing at a proposed 
manhole on the above described main sewer located at 
the intersection of Rudisill Boulevard and Winter 
Street; thence Southerly in and along Winter Street 
terminating at a proposed manhole at the existing 
sewer in the first alley South of Rudisill Boulevard. 

CENTRAL DRIVE LATERAL ; Commencing at a proposed man- 
hold on the above described main' sewer located at the 


intersection of Rudisill Boulevard and Central 
Drive;, thence. Southerly in and along Central 
Drive a distance of 529± feet terminating at a 
proposed manhole. 

Also, commencing at a proposed manhole located 
ik on the East side of Central Drive 150± feet 
North of Rudisill Boulevard;, thence. Northerly 
in and along the East side of Central Drive a 
distance of 400± feet terminating at a proposed 
manhole . 

PLAZA DRIVE LATERAL ; Commencing at a proposed 
manhole on the above described main sewer located 
at the intersection of Rudisill Boulevard and 
Plaza Drive; thence Southerly in and along Plaza 
Drive a distance of 55 2 ± feet terminating at a 
proposed manhole. 

Also, commencing at a proposed manhole on the main 
sewer located at the intersection of Rudisill 
Boulevard and Plaza Drive; thence, Northerly in and 
along Plaza Drive, a distance of 89 6 ± feet termin- 
ating at a proposed manhole/ 

Said sewers shall be 12, 15, 18, 2 4,-36 , 42 and 
72 inches in diameter, 

for a total cost of $516,572.06, all as more particularly set 
forth in said contract, which is on file in the office of the 
Board of Public Works, and is by reference incorporated herein 
and made a part hereof, is hereby in all things ratified, con- 
firmed and approved. 

SECTION 2. The contract approved January 14, 1970, 
between the City of Fort Wayne, by and through its Mayor and the 
Board of Public Works, and JOHN DEHNER, INC., for Sewer Res. No. 
232, Arlington-Clermont-Maxine Relief Sewer, as follows: 

MAIN SEWER : Commencing at an existing chamber 
located at the intersection at South Wayne and 
Sherwood Terrace; thence. Northerly in and along 
South Wayne Avenue to a proposed manhole at the 
intersect- ion of Clermont Drive. Thence Easterly 
in and along Clermont Drive to the first alley 
East of Fairfield Avenue terminating at a proposed 
manhole . 

PASADENA DRIVE LATERAL : Commencing at a proposed 
manhole (bn the above described main sewer located 
at the intersection of South Wayne Avenue and 
Pasadena Drive;, thence Westerly in and along Pasadena 
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Drive to the first easement West of Tacoma 
Avenue . 

Also, commencing at the intersection of Fair- 
field Avenue and Pasadena Drive; thence. West 
in and along Pasadena Drive terminating at a 
proposed manhole at the first alley East of 
Arlington Avenue . 

CLERMONT DRIVE LATERAL : Commencing at a pro= 
posed manhole at the above described main sewer 
at the intersection of South Wayne Avenue and 
Clermont Drive; thence. Westerly in and along 
Clermont Drive terminating at a proposed manhole 
at the intersection of Tacoma Avenue. 

MAXINE - SOUTH WAYNE BRANCH ; Commencing at an 
existing manhole located at the intersection of 
Lexington Avenue and South Wayne Avenue; thence. 

South in and along South Wayne Avenue to a pro- 
posed manhole at Maxine Drive. Thence, Easterly 
in and along Maxine Drive terminating at a pro- 
posed manhole at Buell Drive. 

Said sewers shall be 12, 15, 18, 21 and 24 inches 
in diameter, 

for a total cost of $109,690.83, all as more particularly set 
forth in said contract, which is on file in the office of the 
Board of Public Works, and is by reference incorporated herein 
and made a part hereof, is hereby in all things ratified, con- 
firmed and approved. 

SECTION 3 . This Ordinance shall be in full force and 
effect from and after its passage and approval by the Mayor. 
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seconded by 


Read the first time in full and on motion by 

and duly adopted, read the second time by title and referred 

U-XZM 


to the (Committee on) 






-€trtffiS"S’Si‘W“'’f or™re'commend ation) (and Public Hearing to be Heldafter due legalnotiee’, 

!, City Kail, Fort Wayne, Indiana, on 


the 



Adams 

Dunifon 

Fay 

Geake 

Nuckols 

Robinson 

Rousseau 

Steigerwald_ 

Tipton 








Date 


-fQ~ Id 





City Clerk 


Passed and adopted by the Common Council of the City of Fort Mayne, Indiana, as 
<^ni»g«M-ap>4§eneral) (Annexat-i^a) (Special) (Appropriation) Ordinance (fteseiuffrtrr) Wo, S~j//J 


on the 




, 196 7t> 



of 


_ \ City Clerk Presiding Officer 

Presented by me to the Mayor of the City of Fort Wayne, Indiana, on the /£ day 

f ' . ’■#. ; •'./«* " • j- "• . ■ > 

- /- 'Zt 19 6 7% at the hour of T l j 3 1 > o'clock _^_.M.,E^.T. 


0 






Approved and signed by me this //Z ^ day of 

at the hour of 3 o'clock .M.jE.S.T. 


City Clerk 


Mayor 


Bill No. S-70-01-22 


REPORT OF THE COMMITTEE ON CITY UTILITIES 

We 5 your Committee on City Utilities to whom was referred an Ordinance 

approving contracts with . JOM JJIEimB^IJiC^ for. Sewer .Res.,., No,., ,23Q v..Eagt ..Rudisill 

Boulevard Relief Sewer , and Sewer Res. .-RQ...-_23,2^^riington-ClejmQn±7rMa.xme_JBe.lie.£. 

Seller., — — , — 



BILL NO. S-f 0-06 - H 

SPECIAL ORDINANCE NO. S- S/ £> ~7 0 


AN ORDINANCE approving Change Order No. 1 in 
connection with the St. Joe Interceptor, 

Division I. 

BE IT ORDAINED BY THE COMMON COUNCIL OF THE CITY OF FORT WAYNE, 

j 

INDIANA: 

SECTION 1. That Change Order No. 1, to increase the size 

j 

of approximately 12,000 feet of sewer pipe from 48" to 54" at a 

| ... . . , ‘ ‘ I 

total increase in cost of $97,365.00, in connection with the St. 

I! ; 

Joe Interceptor, Division I, Resolution No. 215, pursuant to the 

j 

Master Sewer Plan prepared by H. B. Steeg & Associates, consulting 
engineers, is hereby in all things ratified, confirmed and 
jj approved. j 

SECTION 2. This Ordinance shall be in full force and 
effect from and after its passage and approval by the Court. 



APPROVED AS TO FORM 
AND LEGALITY, 

• / L „ JiJ nL rh 


Cl TV ATTOR WV 


Read the first time in full and on motion by 





seconded by 


to the (Committee on) 


and duly adopted, read the second time by title and referred 

( and -to the-Ci ty P-1 an- 


1 l 


Commission for recommendation) (and Public Hearing to be held after due- legal notice, 

2 Hal 1 f,'”'Foirt Wayne , Indiana, 

day of - . 196 


at the Council 


,the 


at 


o'clock 



Passed (iOST) by the following voce: 


AYES 




NAYS 




Adams 
Dunifon 
Fay 
Geake 
Nuckols 
Robinson ^ 

Rousseau _____ 
Steigerwald tX 
Tipton os' 

Date 


ABSTAINED 


ABSENT 


to-wit : 


It ~ >3 7d 



City Clerk 


Passed and adopted by the Common Council of the City of Fort Wayne, Indiana, as 
(Zoning MaplfGeneraflfAnnexation) (Special) ( I'lpp'I'Opi'lWWWl ) Ordinance (Resolution) No . 3 -5/ 0 -?C 


on the 


y- i day of 


i *■ <- ' " ' .V ' Vi? ' ' ^ 

ATTESTS (SEAL) 



., 196 7_c_ 



/J /: / Cfi/l 

Pr^sidirig Officer 


& - \ . 


of 


City Clerk 

j~rrA-> 

Presented me to the Mayor of the City of Fort Wayne, Indiana, on the day 

€' .>7.- Aj:. ^ 

v . ■ | , , 196 Ti at the hour of fT ; 3 f o'clock /f'- .M. , E .Si. T . 




City Clerk 


Approved and signed by me this Zjt/s&f. day of 


at the hour of / 4 .'S' 7 o'clock A .M.,E.ffi.T. 



, 196 /d 


Mayor 


/ 


Bil1 No. S-70-06-11 

REPORT OF THE COMMITTEE ON CITY UTILITIES 

We s your Committee on City Utilities to whom was referred an Ordinance 

approving Change Order No. 1 in connection with the St. foe Interceptor, 

Division I, 


have had said Ordinance under consideration and beg leave to report back to the Common 



